DATE : April 3, 1985 
T0 ’ Emmie LaBeauve 
FROM : Vincent Grucci 

REF : Logistical Planning for French Quarter Festival in 
New Orleans 

3/27/85 Travel day to New Orleans 

3/28/85 Logistical Planning consisting of the following: 


FIREWORKS BY 



3/28/85 10:30 a.m . Met with C. Andrews concerning barges. Charley referred 

us to a Mr. David Spear with McDonough Marine. They will accommidate 
our need for 3 120x30 barges and one tugboat for 5 days. Insurance 
will be sent out and all questions answered. Barge preparations 
are intact- 


11:30 a.m . Filed permit for Coast Guard and all logistic for them 
are intact. 

12:00 p.m . Met with Fire Dept./ Mr Bernard Jee is aware of this pro¬ 
duction. Letter for permit sent out. Will receive permit when Fire 
Dept, receives out letter. They will supply one man at $12.50 per 
hour (12.50 x 4 = $50.00). All intact. 

1:00 p.m . Met with Mr. Ken Parker from Dock Board and filled out 
application for berth of barges. Sent to our office for review. 
Sending out Insurance Cert, to their organization. 

1:45 p.m . Broke for lunch. 

2:15 p.m . Met with Mr. Archie Ben will supply 2 security men for 
Dock at $12.50 per hour on a time schedule of 6:30 p:m7 to 7;30 a.m. 
for 6 days. Mr. Ben will notify Harbor Fire Dept, and will have 
boat in location night of display. All logistics intact with Mr Ben. 

3:30 p.m . Met with Mr. Floydd Riddle concerning sound. All sound 
will be in place and taken.'care of. 

■ 4:30 p.m . Went to look at Phillip Morris's VIP Boat with Hr. Lou 
Shapiro , 

Left New Orleans on Rt to Lake Charles. 
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Grucci 



N.Y. Pyrotechnic Products Co.. Inc. 
Association Road 
Bellport, New York 11713 
(516) 286-0088 

Outside N.Y. State (800) 227-0088 


Source: https://www.industrydocuments.ucsf.edu/docs/xnwm0004 
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